LEVEL 
CROSSING 
REMOVAL 


PROJECT 


Removing 50 dangerous and 
congested level crossings 
will transform the way people 
live, work and travel across 
metropolitan Melbourne and 
improve safety for drivers 
and pedestrians. 


At North McKinnon Centre, 

the project team is removing the 
level crossings by lowering the 
rail line under North, McKinnon 
and Centre roads, and rebuilding 
Ormond, McKinnon and 
Bentleigh stations. 


Contact us 
© levelcrossings.vic.gov.au 
NMCfdlevelcrossings.com.au 


© 

@ 039915 4788 (business hours 
and during out of hours works) 

© Level Crossing Removal Authority 
GPO Box 4509 
Melbourne VIC 3001 


Follow us on social media 
@levelcrossings 
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Translation service 
Kas For languages other than 
English, please call 9280 0780 


What's happening? 


Over the past three months, we've completed a lot of the ground 
work so we can finally remove the three level crossings at North, 
McKinnon and Centre roads and construct new station buildings 

at Ormond, McKinnon and Bentleigh. 


e Relocated 25 kilometres of existing 
signal cabling along the rail 
corridor and six kilometres of 
high voltage electrical cables 


Since January, the project team has: 


e Constructed the bridge decks at all 
three level crossings. By building 
these In advance we will minimise 
disruption to major roads when 
the rail line is closed for five weeks 
in mid-2016 


e Relocated existing power and 
gas services. 


e Installed over 1.5 kilometres 
of sheet piles and around 
600 concrete piles along 
the rail corridor to reinforce 
the new lowered rail cutting 


The project team would 

like to once again thank the 
community for your ongoing 
support and patience during 


our works. 
e Demolished Ormond and 


MeKinnoristatioris We know that disruptions 


are annoying, but they are 


e Undertaken major drainage works 
at Bendigo Avenue in Bentleigh 
and Station Avenue/Murray Road/ 
Glen Orme Avenue in McKinnon 
[including under the rail line) 


needed so we can safely 
deliver a project of this size. 


With the completion of the 
Easter works program, the 
longest of our full road 
closures are now over. 


Mid-year 
major works 


Now that we have completed the construction 

of the bridge decks at North, McKinnon and Centre 
roads, we are preparing to dig underneath these 
to form part of the new lowered rail cutting. This 
work will take place as part of an intensive five 
week work program which will run from 

Friday 24 June until Monday 1 August. 

Creating the lowered rail cutting is a major undertaking 
that will see us excavate approximately 250,000 cubic 


metres of soil from the rail corridor between Ormond 
and Bentleigh [this is equivalent to filling the MCG). 


To manage the volume of soil, some will be stored 

on the two rear ovals at EE Gunn Reserve in Ormond, 
which is close to the rail corridor. The soil will then 
be moved off site at a later date. 


At the same time, we will start to rebuild Ormond, 
McKinnon and Bentleigh stations to create modern 
transport interchanges. McKinnon Station will reopen 
in early August followed by Ormond and Bentleigh 
stations in late August 2016. 


Following these major works, the project team will 
construct the new station car parks, undertake 
landscaping [including the reinstatement of the palm 
trees that have been carefully placed in storage], put the 
finishing touches on the stations and reinstate the roads. 


Thank you to everyone who has taken the time to 

provide feedback to the project team. Many people 
have commented on the friendliness of our traffic 
controllers and on-site workers and the efficiency 


of the overall project - some locals have even offered 
refreshments to our on-site workers! We really 
appreciate your support. 
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Changes to the 
way you travel 


Due to current station closures, Frankston 
line trains are not stopping at Ormond and 
McKinnon stations. 


Instead, customers may choose to use an alternative 
station or the train replacement buses operating 
between Caulfield and Moorabbin, stopping at all train 
replacement bus stops. From 12.45am on Saturday 

4 June, Bentleigh Station will also close and trains 
will no longer stop at Bentleigh. 


During the mid-year major work program, buses will 
replace Frankston line trains between Caulfield and 
Moorabbin stations from 9pm on Friday 24 June to the 
ast service on Sunday 31 July. From 9pm each night, 
between Sunday 26 June and Wednesday 29 June, buses 
will replace trains between Caulfield and Frankston. 


Please note Frankston line trains are operating from 
platforms 2 and 3 until 9pm on Friday 24 June 
at Glenhuntly, Bentleigh and Patterson stations. 


With the completion of the Easter works program, 
the longest of our full road closures are now over. 


There are no daytime road closures currently scheduled 
for Apriland May. Some overnight road closures will 

be required and these will be communicated in advance 
to directly impacted businesses and residents. 


During the mid-year major works program, some 
night and weekend road closures will be required. 
These changes will be communicated in advance. 


There are no bus diversions currently scheduled for 
April and May. Bus diversions will be required over June 
and July and these will be communicated in advance. 


Out of hours works 


To make sure construction works are undertaken safely and with the least possible disruption to train 
services, some works are required out of hours. Upcoming out of hours works are detailed below. 


Friday 13 May 
to Monday 
16 May 


Works will 
be 24/7 during 
this period 


Friday 3 June 
to Monday 6 June 


Works will 
be 24/7 during 
this period 


Friday 24 June 
to Monday 
1 August 


Works will 
be 24/7 during 
this period 


e Further demolition of Ormond Station 


Commence construction of the 
concourses at McKinnon and 
Bentleigh stations 


Other works along the rail 
corridor between Glenhuntly 
and Patterson stations 


Demolish Bentleigh Station 


Other works along the rail 
corridor between Glenhuntly 
and Patterson stations 


Excavate and lower the rail line 


Commence rebuilding Ormond, 
McKinnon and Bentleigh stations 


Construct new rail line and install 
new overhead structures and 
signalling equipment 


Other works along the rail 
corridor between Glenhuntly 
and Patterson stations 


Buses to replace trains 
between Caulfield and 
Mordialloc from 1.30am 
on Saturday 14 May to the 
last service on Sunday 

15 May 


Buses to replace trains 
between Caulfield and 
Mordialloc from 12.45am 

on Saturday 4 June to the last 
service on Sunday 5 June 


Buses to replace trains between 
Caulfield and Moorabbin from 
9pm on Friday 24 June to the 
last service on Sunday 31 July 


From 9pm each night, 
between Sunday 26 June and 
Wednesday 29 June, buses 
will replace trains between 
Caulfield and Frankston 


None planned 


None planned 


The longest of our 
full road closures 
are now over 


Some night and 
weekend road 
closures will 

be required over 
this period 


These will be 
communicated 
in advance 


Dates are subject to confirmation. Out of hours works may occur outside of these times and residents will be notified 
via subsequent newsletters and construction notifications. Please be aware that other works may be carried out 
along the Frankston line which may impact on train services. For journey planning and service information visit 
ptv.vic.gov.au or call 1800 800 007 6am - midnight (all night Friday and Saturday). 


Come along to our information sessions 


A number of information ‘pop-ups will be held in May and June along the shopping strips in Ormond, McKinnon 
and Bentleigh, ahead of the major work program. Staff from Metro Trains will be on hand during peak periods to 
answer any questions you may have regarding travel. 


We will also hold a drop-in information session on Monday 16 May at the Bentleigh Club, located at 33 Yawla Street 
in Bentleigh, between 2pm and 8pm. Feel free to come along and chat with the project team. 


SEE US IN ACTION 


Check out our videos on YouTube. Visit levelcrossings.vic.gov.au to find out more about the project, 
our ‘Open for Business’ program, and what it’s like to catch the replacement bus service during 
station closures. 
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COMMUNITY CORNER: 


Open for business 


Once again, we would like 

to remind you that your 

local traders are still open 
for business, even during 
major works. We have been 
working closely with local 
traders on the ‘Open for 
Business’ program, including 
a trader brochure which 
contains specials, offers 

and promotions available to 
customers during our works. 


Please visit 
northmckinnoncentre.com.au 
for further information. 

This website also provides 
regular construction updates 
and helpful information about 
where you can park. 


blue Square 
SS property 


“We provide a dedicated 
property management 
service for residential and 
commercial property owners.’ 


Benn's/..\ Books 


A quality bookstore offering 
friendly service and an 
extensive range of new 
release fiction, non-fiction, 
crime, cooking, travel and 
children’s titles. 


levelcrossings.vic.gov.au 


Authorised and published by the Victorian Government, 1 Treasury Place, Melbourne 
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NORTH MCKINNON CENTRE 
PROJECT CONSTRUCTION MILESTONES 


Site established. 


Completed ground reinforcement works for retaining 
walls on each side of the existing rail line. 


Closed North Road, McKinnon Road and the rail line 
for nine days to construct the bridge decks. 


March 2016 


Closed Centre Road and the rail line for three days 
for services, signalling and overhead works. 


Easter 2016 


Closed McKinnon Road, Centre Road and the 
rail line for ten days to construct bridge decks. 


Early to mid 2016 


Closed Ormond Station, McKinnon Station and 
Bentleigh Station until August 2016. 


June/July 2016 


Closure of the rail line for five weeks to excavate and 
reconstruct the rail line and remove the boom gates 
at the level crossings. 


Late 2016 


Project due for completion. 
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